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SECREf, 



Lockheed Aircraft Corporation 

Burbank 

California 


Gentlemen: 

1. Reference is made to Contract No. CA-20 effective for the period 
1 July 1962 through 30 June 1968 ,. 

2. Paragraph 2 of Amendment No. 11 is deleted and the following is 
substituted therefor: 


"This contract will not be extended. Work of the nature 
covered by this contract will be continued under Contract No. WM- 66 ." 

3. Paragraph (a) of PART IV - CONSIDERATIONS AND PAYMENTS, as amended, 
is deleted and the following is substituted therefor: 

"(a) There has been allotted to this Contract the following 
amount s : 
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Period Amount Total 

1 July 1962 - 30 June 1963 ““ 

1 July 1963 - 30 June 1964 
1 July 1964 - 30 June 1965 


4. Pursuant to the provisions of PART V - REPRICING, the parties hereto 
have agreed upon fixed rates for the following period: 


.28 December 1964 through 27 June 1965 - APPENDIX VII (Attached) 


5- The above results in a net decrease of 
consideration of 
remain unchanged 


or a new total 


All other terms and conditions, as amended, 


6 . Please indicate your receipt and acceptance of this Amendment No. 12 
to Contract No. CA-20 by executing the original and two copies of this amendment. 
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Return the fully executed original and one copy to the undersigned, and 
retain the remaining copy for your files. 
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ACKNOWLEDGED AND ACCEPTED 

LOCKHEED AIRCRAFT CORPORATION 

a. 

byJ 

CLARENCE L. JCj^NSON 
TITLE Vice President 


DATE 13 January 1 966 


Very truly yours, 

THE UNITED STATES GOVERNMENT 


Contracting Officer 
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APPENDIX YII 


Contract CA-20 

In consideration of the faithful performance of the work called for under this 
contract, the Contractor will he paid for each hour of direct labor and for 
material expended in performance of the work, as follows: 


1. Materials - For raw materials and fabricated parts entering directly into the 
products, the Contractor will be reimbursed allowable cost of direct material, 
freight, transportation and material handling as determined by the Contracting 
Officer in accordance with Part 2, Section XV, of the Armed Services Procurement 
Regulations. For materials and supplies procured and furnished by the Contractor 
under Category III of Part I of this contract, t he Contractor will be reimbursed, 
in addition, a service fee of | | actual costs to the Contractor 

of such materials and supplies. 


Unless otherwise specified on appropriate shipping documents, the return of an 
item of equipment to the Contractor constitutes authorization for ^ all repair or 
overhaul work considered necessary in the Contractor's judgment without further 
authorization or approval from the Contracting Officer . The Contractor shall be 
paid for all inspection labor performed whether or not repairs and overhauls are 
accomplished, at the appropriate rates specified below. 


2. Direct Labor - For each direct labor hour expended under any of the categories 
listed below, the Contractor will be paid the appropriate hourly rate specified 
opposite it: 


Rates for the Period 28 December 1964 through 27 June 1965 
~ Contract Hourly Rates 

Labor Classification MES £ther 


Flight Crew Supervisor 
Flight Inspection-Supervisor 
Flight Inspection 
Flight Crew 

Clerical, Cargo & Material Handling 
Palmdale Assistance 
Burbank Support Crew 
Shop Mechanic 
Design Engineer 

LAS Labor 

Foreman 

Supervisor/ Controller 
Flight Line Mechanic 
General Mechanic 

Notes: (l) Day Shift 

(2J Swing Shift ... .. , 

(3) The Contractor shall be paid, in addition, the amounts paid by it to ; 
those employees for transportation, per diem, separation allowance and 
the amount of overtime premium paid on such direct labor hours during 
the six (6) months' period specified above. 
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